BID ADDENDUM 1 
Clarifications and Response to Bidder Questions 


Aberjona River Flood Mitigation Program 
Project 8 — Swanton Street Bridge Placement 
Winchester, MA 


December 11, 2020 


Please see the revised bid form and unit prices specification section attached to this addendum 
which includes additional bid items for transportation and disposal. The disposal quantity 
distribution between Bid Items 8a thru Sd were assumed and payment will be based on actual 
quantities disposed to each facility. 


Bidders shall also list the Village in Winchester Condominium Trust and its Trustees as 
additionally insured. 


Can a rebar detail be provide for the CMP closure pours in the abutment walls? 


The rebar for the CMP voids is shown in the Precast Abutment Section and Details at Abutment 
on Bridge Sheet 9 of 19 — Abutment Details. The size and spacing is to be the same as for the 
abutment stem. 


Specifications indicate that the contractor is responsible for all utility relocations? Is the 
contractor to bear all the costs of the utility relocation, or the cost of coordinating the work? 


Bidders shall assume a $25,000 allowance for costs associated with coordination and relocation 
for the utility pole and overhead wires. This allowance shall be carried under Bid Item #1 as 
presented in the revised Unit Prices specification section attached with the addendum. 


The location of the utility pole relocation is not feasible during construction. Are the overhead 
wires to be relocated outside of the proposed sheeting and precast setting locations, then 
relocated to the proposed location after the substructure work is complete? 


Exact utility pole relocation to be determined through coordination with utility owner. Bidders 
shall assume the overhead wires will not be relocated outside the work area. 


Is the gas line running through the sidewalk to remain or be relocated during construction? If so, 
will it be relocated outside of the proposed sheeting and precast setting locations? 


The gas line will remain in its current alignment and not be relocated. 


Instructions to Bidders, Item #4, Preparation of Bids: Paragraph I states the bidder must 
provide a completed Non-Collusion Affidavit Form? Can you please provide this form? 


Non-Collusion Affidavit is located in the bid form; Section H.1. By signing the bid you are 
signing the non-collusion form. 


Attachment A 
Revised Bid Form 


(Revised to include Bid Items Sa to 8d) 


VHB 


Bid Items 


Project 8 — Swanton Street Bridge Replacement 


The Bidder agrees to perform all the work, including all incidental labor, materials and equipment for the 
satisfactory completion of the work in full compliance with the content and intent of the specifications and plans 
of the work, for the following prices. This is a unit price not to exceed project and the bid prices and quantities 
will be used as the basis of any change order. Bid prices listed are based on performance of the Work as 
specified in these Specifications shall include all overhead, profit, handling, taxes and all other related charges. 


a Quantit ak eae words) oat etended 
; ¥ P Price Total 
1 1 LS. Mobilization, Site Preparation, and Erosion Control 
Dollars Per LS Lump Sum 
2 1 LS Demolition and Site Clearing 
Dollars Per LS Lump Sum 
3 1 LS Water Management 
Dollars Per LS Lump Sum 
4 1 LS Support of Excavation 
Dollars Per LS Lump Sum 
5 1 LS Traffic Management 
$ 
Dollars Per LS Lump Sum 
6 1 =#sLs Excavation, Handling, and Loading 
$ 
Dollars Per LS Lump Sum 


Bid Form 
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November 2020 
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Item Description 


; ae ence Unit Extended 
No. Quantity = (unit price in words) Dike Total 
7 1 LS Bridge Replacement 
$ $ 
Dollars Per LS Lump Sum 
8a 1700 Ton Transportation and Disposal of < RCS-1 Materials 
$ $ 
Dollars Per Ton Per Ton 
8b 400 Ton Transportation and Disposal at an In-State Un-Lined 
Landfill 
$ $ 
Dollars Per Ton Per Ton 
8c 400 Ton Transportation and Disposal at an In-State Lined Landfill 
$ $ 
Dollars Per Ton Per Ton 
8d 1 Ten Transportation and Disposal at an Out-of-State Facility 
$ $ 
Dollars Per Ton Per Ton 
9 1 LS Stormwater Improvements 
$ $ 
Dollars Per LS Lump Sum 
10 1 IS Waterline Relocation 8 
$ $ 
Dollars Per LS Lump Sum 
: 8 
11 1 LS Roadway Reconstruction 
$ $ 
Dollars Per LS Lump Sum 
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Description 
(unit price in words) 


Extended 
Total 


VHB 
Item 
No. Quantity 
12 1 LS 
13 1 LS 
14 1 LS 


Bid Form 


Site Restoration and Grading 


Dollars Per LS 


Demobilization and Site Cleanup 


Dollars Per LS 


Record Drawing 


Dollars Per LS 


Total of All Bid Items (Items 1 thru 14) 
Basis of Award 


Dollars 


Section 01 14 00-3 


November 2020 
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Revised Unit Price Specification 


(Revised to include Bid Items 8a thru 8d and utility allowance under Bid Item 1) 


VHB 


Project 8 — Swanton Street Bridge Replacement 


SECTION 01 22 00 


UNIT PRICES 


PART 1 — GENERAL 


1.1 General 


A. 


Unit Prices 


All Work performed as described in these Contract Documents will be paid for under one or 
more of the items listed in the Form of General Bid. All other activities required in connection 
with performance of the Work, including all work required under Division 1, General 
Requirements, whether described in the Contract Documents or mandated by applicable codes, 
permits and laws, will not be separately paid for unless specifically provided for in the form of 
general bid, but will be considered incidental to performance of the overall project. 


Each unit or lump sum price stated in the Form of General Bid shall constitute full compensation 
as herein specified for each item of work completed in accordance with the Contract 
Documents. 


The payment items listed herein and in the Form of General Bid are intended to provide full 
payment for the Work shown on the Contract Drawings and specified herein. Any work called 
for or inferred in the Contract Documents but not listed as a payment item shall be considered 
incidental to the overall project, which includes mobilization and demobilization of any 
equipment and materials and any temporary controls. 


It is the intent of these Specifications to provide a finished product as shown on the 
Construction Documents and specified herein. 


The Contractor is responsible for performing the construction of this project in compliance with 
the Contract Documents. Unit prices and lump sum prices inserted into the Bid Proposal shall 
include all contingencies listed in the Contract Documents. 


The Contractor shall not be compensated for costs incurred due to weather conditions. 


The Contractor shall reimburse the Owner for costs incurred by the Engineer for design and 
construction administration services which are caused by the Contractor’s inefficient or 
otherwise faulty administration or execution of its Work. These may include but are not limited 
to the cost of the Engineer to perform: 


1. Except when warranted because of a design defect, repeated review of the Contractor's 
submittals and re-submittals that are incomplete, substantially out of sequence from the 
submittal schedule provided by the Contractor and agreed to by the Engineer, or otherwise 
not in conformance with the Contract Documents. 


2. An extensive number of responses to the Contractor's requests for information where such 
information is available to the Contractor from a careful study and comparison of the 
Contract Documents, field conditions, other Owner-provided information, Contractor- 
prepared coordination drawings, or prior Project correspondence or documentation. 
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An extensive number of Change Orders and Work Change Directives requiring evaluation of 
proposals and the preparation or revision of Instruments of Service and not otherwise 
caused by the design defects of the Engineer. 


Consultation regarding replacement of Work resulting from fire or other cause during 
construction. 


Evaluation of an extensive number of claims not otherwise caused by design defect. 


Evaluation of substitutions proposed by the Contractor and making subsequent revisions to 
Instruments of Services resulting there from. 


Preparation of design and documentation for alternate bid or proposal requests proposed 
by the Contractor. 


Contract administration services provided thirty (30) days or more after Substantial 
Completion. 


1.2 Quantity Estimates 


A. If the actual Work requires more or fewer units than the estimated units indicated on Bid Form, 
the Contractor shall provide the required units at the unit prices contracted. Under no 
circumstances may the Contractor exceed stated quantities without prior written approval from 
the Engineer. 

1.3 Payment 


A. Payment includes full compensation for all required labor, products, tools, equipment, plants, 
transportation, services, incidentals, erection, application, or installation of an item of the Work, 
including overhead and profit. 


Unit Prices 


B. Payment will not be made for any of the following: 


1. 


C08 NY On 


9. 


Products wasted or disposed of in a manner that is not acceptable. 
Products determined as unacceptable before or after placement. 
Products not completely unloaded from the transporting vehicle. 


Products placed beyond the lines and levels of the work defined in these Specifications and 
on the Drawings. 


Loading, hauling, and disposing of rejected materials. 
Products remaining on hand after completion of work. 
Additional work undertaken to expedite the Contractor's operations. 


Repair or replacement of utilities or other facilities and property located within or adjacent 
to the Work Area damaged due to Contractor's operations. 


Work resulting from a lack of knowledge of existing conditions. 


Payment will be made by the Owner for all Work actually performed during a particular 


payment period. Payments for lump sum items will be made based on the percent completion 
of the pay item. Upon approval by the Engineer, judgments of percent completion of lump sum 
items will be made in reference to the Schedule of Quantities and Prices provided. 
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D. Payment of soil disposal will be made upon the Town LSP’s confirmation of the accepting 
facility's weight receipts and executed transportation and disposal documentation. 


E. The actual disposal quantity will be determined in the field based on soil screening and other 
methods which will be used to evaluate the quantity of impacted soil that will be removed and 
require off-site disposal. The Contractor will only be compensated for what soil was actually 
removed on a ton by ton basis. 


1.4 Measurement of Quantities 
A. Measurement by Weight: 


1. Weigh Scales: Scales shall be certified in accordance with applicable laws and regulations 
for the state in which the scales are located. Certification shall have been made within a 
period of not more than one year prior to date of use for weighing commodity. 


2. The term “ton” will mean the short ton consisting of 2,000 pounds. 


3. For shipments to offsite waste management facilities and locations, trucks will be weighed 
at the receiving facility for the purpose of measuring the quantity of Work for payment. 


B. Measurement by Volume: 


1. Volumes measured as in-place volumes will be determined by survey approved by the 
Engineer. The Contractor will retain the services of an independent land surveyor, licensed 
or registered in the State of Massachusetts, whose approved determination of in-place 
volumes shall be authoritative and final for the purpose of measurement for payment. To 
compute in-place volumes of excavation, the average end area method or other methods 
acceptable to the Engineer will be used. 


C. Measurement by Area: Measured by square dimension using length and width or radius, and 
verified by the Engineer. 


D. Linear Measurement: Measured by linear dimension, at the item centerline or mean chord, and 
verified by the Engineer. 


E. Measurement by Time: Measure by the actual time rounded to the nearest time unit and 
verified by the Engineer. 


F. Disposal of materials either not suitable for re-use or not needed will be measured by the ton of 
material taken off-site as accepted by the receiving facility. Measurement will be made for each 
classification as identified in the payment item list. The contract unit prices shall include all 
costs associated with stockpiling and disposal, including material handling, maintaining the 
stockpile area, stockpile sheeting, straw bales, drums, fencing, and signage. 


G. No separate measurement or payment will be made for determining suitability of materials for 
on-site usage. 


H. No separate measurement or payment shall be made for the on-site or off-site reuse of 
excavated, surplus, or waste material, including all sampling, analyses, loading, transporting, and 
unloading activities related hereto. 
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Assessment of Non-Conforming Work 


A. The Contractor shall replace Work, or portions of the Work, that do not conform to the 
requirements of the Specifications and Drawings, as assessed by the Engineer. 


B. If, in the opinion of the Engineer, it is not practical to remove and replace the non-conforming 
Work, the Engineer will direct one of the following remedies: 


1. The non-conforming Work may remain, but the unit price will be adjusted to a new price at 
the discretion of the Engineer. 


2. The non-conforming Work shall be partially repaired to the instructions of the Engineer, 
and the unit price will be adjusted to a new price at the discretion of the Engineer. 


C. The individual Specification sections may modify these options or may identify a specific 
formula or percentage price reduction. 


D. The authority of the Engineer to assess non-conforming work and identify payment adjustment 
is final. 


Eliminated Items 


A. Should any items contained in the Drawings or Specifications be found unnecessary for the 
proper completion of the Work, the Engineer may, upon written order to the Contractor, 
eliminate such items from the Work. Any such action shall in no way invalidate the Agreement. 


B. The Contractor will be paid for actual Work done and all documented costs incurred, including 
mobilization of materials prior to elimination of such items. 


Application for Payment 


A. The Contractor shall submit Applications for Payment as specified in General Conditions of 
these Specifications. 


Measurement and Payment of Bid Items 


A. The Bid Form lists the Bid Items and Unit Price Items for the Work. Measurement and payment 
of the Work covered by the Contract Documents is specified herein below. 


Description of Bid Items 


Item No. 1- Mobilization, Site Preparation, and Erosion Control 


1. The work of this section shall be measured on a lump sum basis. 


2. The lump sum price to be paid shall include all material, labor, tools and equipment 
required for the Contractor mobilization, site preparation, and erosion control as shown on 
the Drawings or required in the Specifications. 


3. Work required to complete mobilization, site preparation, and erosion control includes, but 
is not limited to: 


a. Preparation, submittal, and revision of all required submittals as described in 
Specification 01 33 00 — Submittals including the Detailed Project Work Plan and 
Project Schedules. 


b. Obtaining required payment and performance bonds. 
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Participation in pre-construction meeting with the Engineer and Owner. 
Participation in weekly construction meetings with the Engineer and Owner. 
Coordination with utilities. 


Bidders shall assume a $25,000 allowance for time and materials associated with the 
utility pole relocation and coordination with the respective utility owners. 


Performing utility clearance prior to commencement of any subsurface work. 


Temporary construction facilities and controls including installation of perimeter 
construction fence, and removal, relocation, and installation for each phase of 
construction. 


Relocation of temporary facilities for all phases of construction. 

Installation of a stone dust pedestrian path around the projects limit of work. 

Labor and materials associated with implementing the flood contingency plan. 
Protection of utilities as required. 

Construction and maintenance of temporary support facilities and temporary utilities. 
Preparation of material and equipment staging areas. 

Protection of trees and all vegetation not to be removed. 


Movement of personnel, equipment, and materials to the Site, if such movement is not 
included in any other Bid Item. 


Completion of all survey required to control the work and determine measurement and 
payment as necessary. 


The lump sum price shall also include obtaining and paying fees associated with any 
required permits. 


All other one-time and recurring activities required by the Contractor to complete the 
Project unless included in another pay item or specifically identified as being the 
responsibility of Others. 


All material, labor, tools and equipment required for the Contractor to install erosion 
control measures as shown on the Drawings, required in the Specifications, by issuing 
permitting authority, or at the request of the Engineer. 


Installation, inspection, maintenance, and repair of all sediment and erosion controls 
including, mulching, tree protection, straw wattles, erosion control matting, and 
temporary seeding as specified in Specification 31 25 00 — Erosion and Sediment 
Controls and as shown on the Drawings during all phases of construction. 


Item No. 2 — Demolition and Site Clearing 


Unit Prices 


1. 
2. 


The work of this section shall be measured on a lump sum basis. 


The lump sum price to be paid shall include all material, labor, tools and equipment 
required for the Contractor to complete demolition and site clearing work as shown on the 
Drawings or required in the Specifications. 


Work required to complete Site Clearing includes, but is not limited to: 


a. 


Clearing, staging, stockpiling, loading, and disposal of vegetation, stumps, and roots. 
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b. Removal and disposal of vegetation including all roots and stumps in the excavation 
area. 


c. Removal and disposal of existing drainage pipes. 
d. Removal and disposal of existing water valves and pipes. 
fs riediaze £ evisti il lo. 
f. Removal and storage of existing vertical granite curbing suitable for reuse. 


Removal and storage of riprap from armored bank. 


> © 


Removal and disposal or storage of existing utilities as required for construction. 


Removal of bridge superstructure and substructure, including moment slabs, granite 
slabs, concrete abutments and all other bridge components as required for 
construction. 


j. Removal and disposal of bridge railing. 
k. Removal and disposal of guardrail. 
|. Removal and disposal of chain link fence 


m. Removal and disposal of existing roadway pavement, concrete sidewalk, driveway 
entrances, and subbase. 


n. Protection of stored items to be reused. Items damaged while being stored shall be 
replaced in-kind at no additional costs. 


Item No. 3 —- Water Management 


1. The work of this section shall be measured on a lump sum basis. 


2. The lump sum price to be paid shall include all material, labor, tools and equipment 
required for the Contractor to control surface water runoff, removal of subsurface water, 
prevent intrusion of river flows, and prevention of sediment laden discharge for all phases 
of construction. 


3. Work required to manage water entering the work site includes, but is not limited to: 


a. Selecting, designing and installing / removing coffer dams capable of preventing / 
limiting intrusion of flows from the Aberjona River and maintaining a dry excavation for 
all phases of construction. 


b. Selecting, designing and installing / removing an excavation dewatering system to 
effectively reduce the hydrostatic pressure and lower the groundwater levels to a 
minimum of 2 feet below the bottom of excavations. The Dewatering System may 
include pumps and piping or hose, instrumentation and controls, sumps, wells, well 
points, and temporary diversion devices. 


c. Provide, maintain, and operate wells, pumps, and related equipment including stand-by 
equipment of sufficient capacity to maintain excavations and trenches free of water 24 
hours per day to enable all work to be conducted in-the-dry. 


d. Management and disposal of any stormwater that discharges from existing stormwater 
outfalls within the work area. 


e. Operation shall be on a continuous (24 hour per day) basis to maintain a dry excavation 
where excavation or backfill below the water is required. 
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Item No. 4 — Support of Excavations 


1. 
2. 


The work of this section shall be measured on a lump sum basis. 


The lump sum price to be paid shall include all material, labor, tools and equipment 
required for the Contractor to design, install, maintain, and remove temporary lateral and 
vertical support system for all excavations for all phases of construction. The lump sum 
price shall also include transportation and disposal fees necessary or incidentals to 
complete the work as required. 


Work required to complete support of excavation includes, but is not limited to: 


a. Design, furnish, install, monitor, and maintain excavation support and protection system 


capable of supporting excavation sidewalls and of resisting soil and hydrostatic 
pressure and superimposed construction. 


b. Protecting and/or supporting existing utilities to remain during construction. This 
includes any pre-trenching or vacuum excavation necessary to avoid disruption to 
existing utilities due to earthwork activities. 


c. The support of excavation system must include measures to protect the water line 
beneath the Aberjona River. 


d. Removal of excavation support and protection systems when construction has 
progressed sufficiently to support excavation and support soil, surcharge and 
hydrostatic pressures. 


Item No. 5 — Traffic Management 


1. 
2. 


The work of this section shall be measured on a lump sum basis. 


The lump sum price to be paid shall include all material, labor, tools and equipment 
required for the Contractor to implement traffic controls on Swanton Street and other 
necessary streets as shown on the Drawings or required in the Specifications. 


The Contractor shall submit a detailed traffic management plan to the Engineer and Town 


for approval prior to the start of any work. Work required to complete Traffic Management 


includes, but is not limited to: 


a. Establishing traffic controls, as necessary, as determined by the Engineer or Owner. 
Traffic controls shown on the Drawings are the minimum required. If deemed 
necessary, additional traffic controls shall be supplied by the Contractor at no 
additional cost to the owner. 


b. Traffic controls may include but are not limited to: impact attenuators, temporary 
concrete barriers, reflective cones, and all roadwork and temporary traffic signage. 


c. Police detail as required to complete the project. 


The lump sum price shall include any fences, barricades and traffic control deemed 
necessary by the Engineer or Owner. 


Item No. 6 — Excavation, Handling, and Loading 


Unit Prices 


1. 
2. 


The work of this section shall be measured on a lump sum basis. 


The lump sum price to be paid shall include all material, labor, tools and equipment 
required for Contractor to complete upland, riverbank and riverbed excavation handling 
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and loading for all phases of construction as shown on the Drawings or required in the 
Specifications. 


Excavation shall include all materials encountered in excavation areas including earth, 
boulders, pavement, slabs, and incidental structures. 


Work required to complete Excavation, Handling, and Loading includes, but is not limited 
to: 


a. Excavating, handling, stockpiling and loading of excavated upland and dredged 
material required to complete the work. 


b. Any on-site transportation and handling of excavated material. 


c. Excavating, handling, and stockpiling of upland material excavated within the northern 
parcel to be re-spread on the same property as shown on the Drawings. This material 
must be stockpiled separately and should not be tested or otherwise disposed. 


Item No. 7 — Bridge Replacement 


1. 
2. 


The work of this section shall be measured on a lump sum basis. 


The lump sum price to be paid shall include all material, labor, tools and equipment 
required for the Contractor to install the bridge, footings, curbs, sidewalks, connecting 
hardware, waterproofing, filter fabric, joint fillers and sealants, and any and all ancillary 
items necessary, in accordance with the plans. 


Work required to complete the Bridge Improvements includes, but is not limited to: 


d. Fabricate, transport, and install all Precast Concrete Bridge Elements. This includes, but 
is not limited to, abutments, backwalls, curtain walls, abutment footings, wingwalls, 
wingwall footings, approach slabs, and highway guardrail transitions. 


e. Furnish and install the cast-in-place concrete deck, moment slab, wingwall coping, and 
sidewalks. 


f. Fabricate, transport and install the prestressed precast concrete deck beams. 


g. Fabricate, transport, and install the decorative steel bridge railing, and any and all 
ancillary items necessary. 


h. Furnish and install all steel reinforcement, sealants, miscellaneous steel, hardware, 
bridge guard rail anchor plates and anchor bolts, and all other items incidental to the 
work. 


i. Installation of scour protection measures including placement of rip rap. 


j. Damp-proofing. 


Item No. 8a - Transportation and Disposal of < RCS-1 Materials 


ie 
em 


The work of this section shall be measured on a per ton basis. 


The unit price to be paid shall include all material, labor, tools and equipment required for 
Contractor to Transport and Dispose of Excess Material below RCS-1 Standards at an 
Approved Off-Site Facility for all phases of construction as shown on the Drawings or 
required in the Specifications. 


The material should be transported off-site provided that such soil is disposed in 
accordance with MCP provisions and the “Similar Soils” policy. 
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4. Any sampling, testing, and documentation required by the disposal facility. 


5. For bidding purposes, the Contractor shall assume disposal of 1700 tons of material to 
complete the Project. 


Item No. 8b — Transportation and Disposal at an In-State Un-Lined Landfill Transportation and 
Disposal 


1. The work of this section shall be measured on a per ton basis. 
2. The unit price to be paid shall include all material, labor, tools and equipment required for 
Contractor to Transport and Dispose of Excess Material at an approved In-State Un-Lined 


Landfill for all phases of construction as shown on the Drawings or required in the 
Specifications. 


a. Transporting soil from the Site to the disposal area in accordance with Specification 
Section 02 81 00 — Transportation and Disposal at the approved facility. 


b. Any sampling, testing, and documentation required by the disposal facility. 


c. For bidding purposes, the Contractor shall assume disposal of 400 tons of material to 
complete the Project. 


3. The material must not exceed the contaminant levels listed in the MassDEP Policy No. 
COMM-97-001 and meet the MassDEP criteria for reuse at in-state unlined landfills, to be 
used as daily cover, immediate cover, and pre-cap contouring material. 


Item No. 8c — Transportation and Disposal at an In-State Lined Landfill 


1. The work of this section shall be measured on a per ton basis. 


2. The unit price to be paid shall include all material, labor, tools and equipment required for 
Contractor to Transport and Dispose of Excess Material at an approved In-State Lined 
Landfill for all phases of construction as shown on the Drawings or required in the 
Specifications. 


3. The material must not exceed the contaminant levels listed in the MassDEP Policy No. 
COMM-97-001 and meet the MassDEP criteria for reuse at in-state lined landfills, to be 
used as daily cover, immediate cover, and pre-cap contouring material. 


a. Any sampling, testing, and documentation required by the disposal facility. 


b. For bidding purposes, the Contractor shall assume disposal of 400 tons of material to 
complete the Project. 


Item No. 8d - Transportation and Disposal at an Out-of-State Facility 


1. The work of this section shall be measured on a per ton basis. 


a. The unit price to be paid shall include all material, labor, tools and equipment required 
for Contractor to Transport and Dispose of Excess Material at an approved Out-of-State 
Facility for all phases of construction as shown on the Drawings or required in the 
Specifications. 


b. The work required includes transportation and disposal of all material that is not 
acceptable in-state (i.e, such as soil containing lead >2,000 ppm). Excavated material 
that is state approved, licensed or permitted to accept material within its permit limits. 
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The Contractor shall specify proposed Out-of-State options which could include asphalt 
batching or other facilities permitted to accept the material. 


c. Any sampling, testing, and documentation required by the disposal facility. 


d. For bidding purposes, the Contractor shall assume disposal of 15 tons of material to 
complete the Project. 


Item No. 9 — Stormwater Improvements 


1. The work of this section shall be measured on a lump sum basis. 


2. The lump sum price to be paid shall include all material, labor, tools and equipment 
required for Contractor to complete all stormwater improvements as shown on the 
Drawings or required in the Specifications. 


3. Work required to complete Stormwater Restoration includes, but is not limited to: 


Furnishing and installation of new precast deep sump catch basins with hoods. 


oe 2 


Furnishing and installation of new precast drain manholes. 


c. Change in type of existing catch basin to a manhole structure with a new cover. 


oO. 


Remodeling existing catch basin structures. 
Adjusting existing drainage structures to proposed grade. 


f. Furnishing and installation of Reinforced Concrete Piping. 


Item No. 10 — Waterline Relocation 
1. The work of this section shall be measured on a lump sum basis. 


2. The lump sum price to be paid shall include all material, labor, tools and equipment 
required for Contractor to reroute a new water line as shown on the Drawings or required in 
the Specifications. 


3. Work required to complete waterline relocation includes, but is not limited to: 
a. Furnishing and installation of insertion gate and water gate. 
b. Furnishing and installation of new waterline. 
c. Insulation of waterline. 


d. Furnishing and installation of handhole with corporation valve and blow off. 


Item No. 11 —- Roadway Reconstruction 


1. The work of this section shall be measured on a lump sum basis. 


2. The lump sum price to be paid shall include all material, labor, tools and equipment 
required for Contractor restore, resurface, and restripe Swanton Street as shown on the 
Drawings or required in the Specifications. 


3. Work required to complete roadway reconstruction includes, but is not limited to: 


a. Full depth pavement reconstruction in the vicinity of the proposed bridge 
improvements and utility work. 
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Milling and resurfacing within the limits of work to drain towards the proposed 
stormwater inlets and avoid ponding. 


Installation of highway guardrail beyond the bridge rail transitions. 
Installation of concrete sidewalks and granite curbing. 
Installation of cement concrete driveways. 


Traffic striping. 


Item No. 12 — Site Restoration and Grading 


1. 
2. 


The work of this section shall be measured on a lump sum basis 


The lump sum price to be paid shall include all material, labor, tools and equipment 
required for the Contractor fine grade, and seed as shown on the Drawings or required in 
the Specifications. 


Work required to fine grade and seed shall include, but may not be limited to: 


a. 


ao 


Furnishing and spreading of topsoil. All areas to be seeded and/or planted shall have a 
minimum of 6 inches of approved topsoil. 


Fine grading to meet the required grades and provide adequate drainage. 
Installation of erosion control blanket. 

Furnishing and spreading of upland seed mix. 

Furnishing and installation of plant species as shown on the drawings. 


All areas disturbed during construction shall be seeded and/or planted as shown on the 
drawings or to a condition equal to that prior to the start of construction. 


Application of lime and fertilizers. 

Application of mulch or a bonded fiber matrix to protect newly seeded areas. 
Maintenance and reseeding as required to achieve adequate coverage. 
Resetting site features or utilities impacted during construction. 


Installation of restored bank along the southwestern and northwestern banks as shown 
on the Drawings. 


Installation of J-Hook Rock Vane. 
Restoration of any bituminous walkways damaged during construction. 


Removal and disposal of temporary stone dust pedestrian path. Path to be restored to 
existing conditions, loam and seed. 


Repairing any damage to existing site feature, utilities, benchmarks, or landscaping to 
remain. 


Item No. 13 — Demobilization and Site Cleanup 


Unit Prices 


1. 
2. 


The work of this section shall be measured on a lump sum basis. 


The lump sum price to be paid shall include all material, labor, tools and equipment 
required for Contractor to complete the Demobilization and Site Cleanup as shown on the 
Drawings or required in the Specifications. 
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3. Work required to complete Demobilization and Site Cleanup includes, but is not limited to: 


a. 


Removal of all personnel, equipment, and materials from the Site at the completion of 
the Work; 


Removal of temporary facilities, utilities, cofferdams, support of excavation, erosion and 
sediment controls; 


Removal and disposal of construction debris; 
Removal of stockpile areas; 


Restoration of site to a clean, neat, and orderly condition including repair of any 
additional damaged asphalt, sidewalk, and lawn area, as required by the Engineer. 


Completion of punch list items to substantially complete all work as determined by the 
Engineer. 


Item No. 14 - Record Drawing 


1. The work of this section shall be measured on a lump sum basis. 


2. The lump sum price to be paid shall include all material, labor, tools and equipment 
required for Contractor to produce an accurate survey of completed work in accordance 
with Specifications Section — 01 78 39 Record Drawings. 


3. Work required to complete a Record Drawing includes, but is not limited to: 


a. 


Providing an as-built plan of the field elevations, grades and inverts stamped by a 
Professional Land Surveyor (PLS), registered in Massachusetts. 


The plan should detail the horizontal and vertical location of all internal utilities and 
appurtenances, concealed by finish materials 


Providing a copy of the marked-up design drawings kept by the Contractor 


Providing an electronic version of the as-built plan in AutoCAD ® format 


PART 2 —- PRODUCTS 


(Not used) 


PART 3 — EXECUTION 


Unit Prices 


(Not used) 


(END OF SECTION 01 22 00) 
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